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SUBJ^T j J-75 Retrofit and IRAK Schedule 


1 * The schedule far retrofit and delivery of four soft with the 
#-75 engine it provided on Inal, 1* 

2« Ihcl, 2 shows our jarajected input schedule for acft IRAK 
subsequent to eoB^ietion of the #-75 retrofit progress % coshering 
the silvery d*t3 of the last #-75 retrofit article with projected 
input of first ISA!! acft {# 35 a) it become evident that X msHtw? at 
*°ft bo be BlA$?*d can be included in the #-75 retrofit program providing* 

a* #-75 engine provides sufficient increase in performance 
to Justify retrofit program* 

b« decision Is forthcoming providing desired number at 

or tiolo s (above four presently parogramed) to go thru the retrofit 
program* 

c* Required number of #-75 engines are made available • 

3* SAC has decided to ccezoscce their ISA!! program on 1 February 
I960* la order that we nay assure timely scheduling respiting is early 
©aapleUoB of IRAK for all Project acft, coupled with a dollar savings 
dee to combining of SAG and f^rojeet EtAK programs* your approval is 
requested for the propoeod IRAK program as outlined in Xncl. 2. 


4* All Project aeft will have completed 2KAR by 1 February, I960, 
the date SAC*s prog?m begins* A forrsal "Program Approval Request" sill 
be initiated upon receipt of necessary data trm UC pertaining to their 
scheduling proposal, 

5* Seeessary arrangetoer.i# have been made to provide Loci diced 
with t m seta of slipper tanks for articles 35® and 360 , One set of 
t««k» will be provided by each of the overseas detachments who have 
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boen instructed to re&orv* tank* froes the aircraft, now aasignmi 
overseas, but which will end up at Bdwsords after going thru the 
IRAN line. 
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il - i-75 Retrofit Program. 
i‘2 ~ SAN Schedule 
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THIS DOCUMENT REQUIRES SPECIAL HANDLING 


HANDLING PROCEDURES 

THIS DOCUMENT CONTAINS INFORMATION REGARDING A HIGHLY CLASSIFIED 
ACTIVITY. PERMISSION TO TRANSFER CUSTODY, OR PERMIT ACCESS TO 
THIS DOCUMENT MUST BE OBTAINED FROM THE ORIGINATOR. HAND CARRY 
PROCEDURES WILL BE APPLIED TO ANY INTER-OFFICE OR INTRA-AGENCY 
MOVEMENT OF THIS DOCUMENT. 




